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REQL^IjImMTS  for  KOIt-HOUSISG  FAECaLS 

Technical  guide  number  fifteen,  "Design  Eevlevr  in  Urban  Eenevral",  published 
by  the  Urban  Renewal  AdminlBtrationj  Washington,  D.C.,  esrplains,  in  detail,  the 
design  review  process.  Quoting  from  the  bulletin's  introduction: 

"Design  advice  and  guidance  made  available  to  Eedevelopers  as  part  of  the 
review  process,  coupled  with  the  review  itself,  serves  to  coordinate  individual 
■  efforts  and  realize  the  best  possibilities  inherent  in  each  project.  Better 
architecture  and  site  planning  are  the  most  obvious  resu.lts  of  these  procedures; 
but  benefits  accrue  in  other  ways  too:  in  overall  visual  harmony  and  in  achiev- 
ing the  broad  functional  and  livability  objectives  of  fine  m-ban  design." 

All  redervelopment  proposals  for  the  Boston  Redevelopment  Authority's  Disposi" 
tion  Parcels  to'.H  be  subject  to  design  xev±e\T  and  approval  by  the  Authority  prior 
to  and  subsequent  to  the  execution  of  the  Disposition  Agreement.  This  review  \rlll 
asF-ure  compliance  with  the  requirements  of  the  Urban  Renewal  Plan  and  mil  evalu- 
ate the  quality  and  appropriateness  of  the  proposal  on  the  basis  of  the  design 
objectives  stated  in  the  Plan  and  in  the  special  land  use  and  building  require- 
ments stated  in  a  Parcel  Development  Program  prepared  for  this  site.  In  addition, 
reference  will  be  made  during  design  review  to  the  Illustrative  Site  Plan  and 
other  site  plan  and  design  studies  prepared  by  the  Authority  Staff.  All  such 
studies  shall  be  available  to  the  PtSdeveloper . 

The  review  may  be  conducted  by  the  Authority  and  its  staff  or  at  the  discre- 
tion of  the  Authority  a  qualified  independent  review  panel  may  be  selected  to  make 
design  evaluations  and  recommendations  to  the  Authority.  The  staff  meraber  respon- 
sible for  maintaining  liaison  \J±th   the  Eedeveloper * s  Architect  -vTill  be  the  Direc- 
tor of  Design  Review  or  a  designated  alternate.  Formal  required  submissions 
Ehall  be  made  to  the  Authority  through  the  Development  Administrator. 

It  is  expected  that  a  continuous  contact  will  be  maintained  between  the  Re- 
developer's  Architect  and  the  Design  Revie^^  Staff  during  the  design  and  working 
drawing  process  and  that  reasonable  request  for  progress  prints  in  addition  to 
those  required  below  will  be  met  at  any  time. 

Required  submissions  will  occur  at  four  stages  in  the  preparation  of  the  re- 
development proposal.  Additional  informal  reviews  at  the  request  of  either  the 
Redeveloper  or  the  Design  Review  Staff  are  encouraged.  A  time  schedule  for  the 
required  submissions  will  be  agreed  upon  on  or  before  the  time  of  execution  of 
the  Land  Disposition  Agreement  and  •vrill  be  set  forth  therein  or  in  a  sepai'-ate 
document.  A  time  period  for  review  will  also  be  established.  It  is  the  Intention 
of  the  Design  Eevle\r  Staff  that  once  approval  has  been  given  of  a  submission  stage, 
further  review  will  be  limited  to  consideration  of  a  development  or  refinement  of 
previous  approved  submissions  or  to  review  of  new  elements  which  were  not  present 
in  previous  submissions. 
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At  the  point  where  all  the  requirements  of  the  final  submlBsion  have  teen 
laet,  and  iDefore  the  Land  Disposition  Agreement  is  executed,  the  Director  of  De- 
sign Review  ^'Till  send  a  letter  to  the  Redevelop er ' b  Ap/chltect  indicating  either 
that  the  design  suljiclssion  has  "been  reviewed  and  found  satisfactory  or  that  fin*- 
ther  work  is  required  "before  such  approval  can  "be  given. 

The  four  fo:raial  stages  of  suhmission  follow: 

■"••  fi'e-Preliffij.nary  Plans 

Pre-preljjnlnary  or  conceptiial  plans  shall  "be  su"bmitted  to  the  Authority 
for  review.  This  review  is  intended  to  secure  agreement  on  and  approval  of  the 
basic  design  concept  prior  to  extensive  work  "by  the  Redeveloper ' s  Architect. 

a)  Site  Plan  @  l"  =  100'  (l"  =  kO'   optional),  shovring  general  relation- 
ships of  "buildings,  open  space  and  roads,  wallcs,  and  parking  areas. 
Adjacent  existing  and  proposed  roads  and  structures  shall  he  shovrn. 
Phasing  possibilities,  if  any,  shall  be  Bhoim. 

b)  Site  Sections  @  1"  =  i|-0'  sho^fing  height  relationships  in  addition  to 
those  shovm  above. 

c)  Building  Plans,  Elevations  and  Sections  sufficient  to  indicate 
general  architectural  character,  structui^al  system,  and  materials 
proposed. 

d)  Written  Statement  of  proposal  including:  number  of  parking  spacesj 
size  and  iise  of  the  facilities  provided;  structural  system  and  prin- 
cipal building  materials. 

e)  Proposed  Time  Schedule. for  the  following  submissions  and  estimated 
construction  time. 

^'  Prelimj^_3i-y^Plans_ 

Upon  approval  by  the  Authority  of  Pre -preliminary'-  Plans,  the  follo'vring 
submission  wiDJ.  be  required:  Same  as  1  a),  b),  c),  d)  and  e)  above,  except  that 
in  addition  to  building  plans  required  in  1  c),  Plans  and  Elevations  shall  be 
shown  at  l/8"  =  I'-O",  or  other  sufficiently  large  scale. 

3*  Final  Preliminaary  Plans  and  Outline  Specifications 

Upon  approval"  by  the  Authority  of  Preliminary  Plans,  the  following  sub- 
mission is  required: 

a)  Site  Plan  or  Plans  ©  l"  =  l]-0'  sho^ring;  buildings,  roads,  \ralks, 
and  other  open  space.  All  land  use  shall  be  designated.  All  land- 
scaping and  Bite  development  details,  inclviding  walls,  fences,  plant- 
ing, outdoor  lighting,  street  fumiture  and  ground  surface  matex-ials, 
shall  be  indicated.  Bounding  streets  and  points  of  vehicular  and 
pedestrian  access  shall  be  sho"im,  indicating  proposed  new  paving, 
planting  and  lighting  by  the  city  and  existing  right-of-way  develop- 
ment which  is  to  remain. 
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All  utilities,  easements  or  senrlce  facilities,  insofar  as  they  re- 
late to  vork  by  the  city  or  by  "others",  shall  be  sho-sm. 

Proposed  site  grading,  including  typical  existing  and  proposed  grades 
at  parcel  lines  shall  be  Bho"sra. 

Those  areas  of  the  site  pi'oposed  to  be  developed  "by  others"  or  ease- 
ments to  be  provided  for  others  shall  be  clearly  indicated. 

b)  All  Building  Plans  and  Elevations  @  l/8"  =  I'-O"  or  other  sufficient- 
ly large  scale, 

e)  Building  Sections  sho-^rf-ng  all  tsrpical  cross  sections. 

d)  Peri^-spectlve  Sketches  (at  eye  level)  and/or  model  shoid.ng  the  archi- 
tectural character  of  the  proposed  design. 

e)  Outline  Specifications  for  materials  and  methods  of  construction. 

f)  Expanded  statement  of  proposal  1  d)  above,  to  include  the  follomng: 
major  building  dimensions  and  gross  area  of  buildings;  proposed 
division  of  work  between  the  Redeveloper  and  public  agencies;  pro- 
posed financial  plan,  vaiere  variances,  waivers,  or  deviations  from 
existing  City,  State,  or  Federal  regulations  are  proposed  they  shall 
be  listed  and  progress  toward  obtaining  such  variances  shall  be 
stated . 

h.     Flnal__F_lans_and_  Specifications^ 

Upon  approval  by  the  Authority  of  Final  Preliminary  Plans  and  Outline 
Specifications  the  follo'id.ng  submission  wil3.  be  required: 

a)  Complete  Site  Plans  for  the  final  parcel  development  to  working 
drawing  level  of  detail. 

b)  Complete  Working  Dravrings  and  Specifications  ready  for  bidding. 

c)  Statement  of  proposal  indicating  differences,  if  any,  from  3  ^) 
above . 

Once  final  VJoi-king  DraT-rings  and  Specifications  have  been  approved  and 
construction  started,  the  only  items  subject  to  an  additional  review  would  be 
requests  for  change  orders  in  the  construction  and  final  submissions  of  designs 
for  works  of  art.  Ihe  Redeveloper  is  strictly  required  to  construct  the  Project 
in  accordance  -tTith  all  details  of  the  approved  dravnlngs.  Pez'mission  to  make 
changes  from  such  approved  dra^Tlngs  must  be  solicited  by  the  Redeveloper  in  "i^rrit- 
i.ng  to  the  Director  of  Design  Review  who,  in  tu2'n,  \r±ll   reply  in  writing  giving 
his  approval  or  disapproval  of  the  changes.  Ko  changes  in  the  work  are  to  be 
tindertaken  until  such  approval  has  been  obtained. 


